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BILL NO. S-84-06- // 


SPECIAL ORDINANCE NO. 


s- 7V-/V 


AN ORDINANCE approving Change Order 
No. 1 (FINAL) Contract 83-XP-3,Cook 
Road Industrial and Research Center, 
with Land, Incorporated, in connec¬ 
tion with the Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE,INDIANA: 

SECTION 1. That Change Order No. 1 (FINAL) Contract 

83-XP-3, Cook Road Industrial and Research Center, with Land, 

Incorporated, in connection with the Board of Public Works for: 

Change Order #1 (FINAL) Cook Road 
Industrial and Research Center is 
necessary because Item #1 (7 L.F. 

12" CL. 50 D.I. Water Main) is re¬ 
duced due to change of road connec¬ 
tion. Also Item #7 (2200 L.F. Re¬ 
storation) is eliminated due to 
change of road location; 


involving a decrease of Four Hundred Ninety-Two and 95/100 Dollar; 
($492.95), all as more particularly set forth in the specifica¬ 
tions, and which is on file with the Office of the Board of Pub¬ 
lic Works, and is by reference incorporated herein, made a part 
hereof and is hereby in all things ratified, confirmed and ap¬ 
proved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 








Read the first time in full and on motion by _> 

seconded by Qj aIld dulv adopted - read the second'time 

by title and referred to the Committee , (and^he City 

Plan commission for recommendation) and Public Hearing to be held^aftsz 
due legal notice, at the Council-€haffl5ers7^Tfcy"-Cdunty BuildingTFort Wayne 
Indiana, on___' the-_- 





Read the third time i/ full and on motion by___ 

seconded by_ a ^d duly adopted, placed on its 

passage. PASSED (,LQ&Fr by the following vote: 


TOTAL VOTES 
BRADBURY 


AYES 

g 


NAYS 


ABSTAINED 


ABSENT TO-WIT: 


BURNS 



EISBART 

c - 


GiaQUINTA 

L/ 


HENRY 

REDD 



SCHMIDT 



STIER 



TALARICO 

/ 





~ SANDRA E. KENNEDY, CITY CL0RK 

Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (ANNEXATION} (APFR OPRIATT ONT 
(SPECIAL) UONINXA. MAP) ORDINANCE (RESOLUTION) NO 

cP ^ day 0 f _, 19 ^ ^ , 


("GENERALO 


on the 


7 




(SEj 





SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor of/the City of Fort Wayne, Indiana, 

. 19 ^ , 


on the 


cP 'y 


_day of 


at the hour of 


/ !&<$ 


o 'clock 




_.M. ,E.S.T. 


SANDRA E. KENNEDY, CITY CLERK 

7#£- 


Approved and signed by me this day of - 

, at the hour of 2 _ o'clock 


'A 


WIN MOSES, JR., MAYOR 















































































BILL NO. 


S-84-06-11 


REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

WE, YOUR COMMITTEE ON PUBLIC WORKS _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change O rder No. 1 (FINAL) Contract 83-XP-3, 
Cook Road Industrial and Research Center, with Land, Incorporated 
in connection with the Board of Public Works ' 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE JJ(J P ASS. 


SAMUEL J. TALARICO, CHAIRMAN 


_ 




CHARLES B. REDD, VICE CHAIRMAN 





























Change Order No. 1 (FINAL) __ Resolution No. ' - 

Project No. 83-XP-3 __ Board Order No. 132-83 

Name of Project COOK ROAD INDUSTRIAL & RESEARCH CTR. ( ONSITE) Dat e MAY 29, 1984 _ 

To: LAND, INC. _ - , _ 

(Contractor) 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 


Description of Change 


Change in Contract Price 

[No. 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

7 L. F. 

12” CL. 50 D.I. WATER MAIN 

13.85 

96.95 


7 

2200 L. F. 

RESTORATION 

0.18 

396.00 


























Total Decrease 

Total Increase 

Net (Decrease) (Increase) Contract Price 

492.95 


— 


492.95 



The sum of $ 492.95 __ is hereby ( 3 .&Sfi4cx$&) (deducted from) the total contract pric 

and the final contract price shall be adjusted as follows: 

Original Contract Price $ 44,734.00 _ 

Current Contract Price Adjusted by Previous Change Order $ 44,734.00 _ 

New Contract Price Including This Change Order $ 44,241.05 _ 


The time provided for completion in the contract for this project is- (unchanged) (increased) 
(decrea&ed) bv -0- calendar days due to this Change Order. The date for completion 

of all work shall be_ ~0~ _. Furthermore, this document shall become an 

amendment to the contract and allorovisions of the contract shall apply hereto. 


Recommended by:; 

v*-sTERRY Y) 3£ HERT0N - 

Accepted by: 


(Chief Water 


Engineer) Date 


'HERTON, P. E. 


(Contractor) Date iD x ^ 8 V 



/ (Director of Water Resource s)pate_ 

_IChm. Bd . of Works) Date ^~~ 4? <3 - 


zSL 




(Member Bd. of Works) Date v^5~~—^ 


(Member Bd. of Works) 


Attested by' 




(Clerk) Date 





















































Change Order No. 1 (FINAL) 
Resolution No._-— 


Board Order No. 132-83 
REQUEST AND JUSTIFICATION FOR CHARGE 

Necessity for change: ITEM 1 REDUCED DUE TO CHANGE OF ROAD LOCATION. ITEM 7 ELIM INATED 
.DUE TO CHANGE OR ROAD LOCATION, 


Will proposed change alter size of the project? Yes_ No x 

If yes, explain 


Affect on operation and maintenance cost of this project: 


-NONE- 












































Admn. Aopr. _'_ 

TITLE OF ORDINANCE Change Order #1 (FINAL) Co nt ract 83rXP-3,_ Cook Rd. Industrial 

& Research Center 

DEPARTMENT REQUESTING ORDINANCE Roard of Public Works _ _ 

SYNOPSIS OF ORDINANCE Change Order #1 (FINAL) Cook Road Industrial & Resea_rc .h_Centeii_ 

is necessary because Item #1 (7 L.F. 12" CL. 50 D.I. Water Main) is reduced due to _ 

change of road connection. Also Item #7 (2200 L.F. Restoration) is eliminated due to 

change of road location. Land, Incorporated is the contractor. 


EFFECT OF PASSAGE No affect on operation and maintenance cost of this project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease $492.95 


ASSIGNED TO COMMITTEE 








































